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PARTICULARS Concerning 
Contract AF 33 (657 ) -1281+3 (CPC) 


: Contract AF33 (657 ) -I 28 I 4.6 (Follow-on EMR's) 


Comment 


SCOPE OF WORK - unchanged 
DELIVERY - unchanged 
COST & FEE 

A. Target Cost - $10,700,000 /g, 3-2; ® 

B. Target Fee - $800,000 

C . Unchanged 

D. Limitations - $5,000,000 through about 15 May 1965 

NOTE: The above reflects October 196 I 4 . negotations 

and does not include the Contractor's 
’’MP^ for Cat II Utilization” proposal of 
19 March 1965. 

PAYMENTS - unchanged 

AIR TRAVEL COSTS - unchanged 

ANTICIPATORY COSTS - 

Costs incurred on or after 16 March I 96 I 4 . 


Approved For Release 2010/12/09 : CIA-RDP72B00464R000300040037-9 



Approved For Release 2010/12/09 : CIA-RDP72B00464R000300040037-9 


Exhibit "A" 

23 March 1965 
Page 2 


Part Comment 

VII APPROVALS 

A. Unchanged 

B. The following subcontracts are approved by the 
Contracting Officer as being chargeable to this contract: 


P.o.# 

VENDOR 

DESCRIPTION 

1900 

Control Data Corp. 

3200 Computer(s) 
Acquisition 

2069 

Control Data Corp. 

3200 Computer Rental 

2204 . 

Ralph M. Parsons Co. 

N/B Recorder Equip. 

2375 

Ralph M. Parsons Co. 

W/B Recorder Equip. 

177229 

187929 

203727 

Fabri-Tek Inc. 

Memory System Equip. 

180253 

185374 

Precision Instruments 

C omp any 

Recorder Equipment 
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C omment 


OPTION TO PROCURE SPARE PARTS 

The option shall be to procure all or any portion 
thereof of the spar© parts provisioned under Item 2 
(Section C) 

OPTION TO PROCURE AIR VEHICLE INTEGRATION 

Delete in its entirety - does not apply 

NOTE: An option to acquire contractor services 

associated with the CPC subsequent to 
the Total Processing Capability Demon- 
stration (fulfillment of EMR Contractor 
obligations) has been discussed and 
could be desirable - SPO guidance might 
be solicited. 

GOVERNMENT FURNISHED PROPERTY 

It is contemplated that the property to be furnished 
shall be substantially: 

Test Equipment (Commercial Type) as set forth , 
under Addendum "B” attached hereto and made a 
part of the schedule of this contract. 

FACILITIES 

Said facilities submitted to be: 

Special computer room facility as provided the 
Contractor under Contract AF33 (657)-12278 r '' 

SPECIAL SECURITY RESTRICTIONS - unchanged 

WAIVER OF REQUIREMENTS OF GENERAL PROVISIONS 
unchanged 

ALTERATIONS IN SCHEDULE - unchanged 
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